BIM IMPLEMENTATION 


Omar Selim 





What is BIM? 
Building Information Madatiement 
Google BIM definition 


Search About 1,550,000 results (0.50 seconds) 





“а digital representation of physical and functional characteristics of 
a facility. As such it serves as a shared knowledge resource for 
information about a facility forming a reliable basis for decisions 
during its lifecycle from inception onward.” 
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Better, faster, more cost effective built assets 

..across whole life - Build, Operate & Maintain 

Earlier visual understanding - clients, operators, users 
Early Employer's Information Requirements 

Greater outcome « cost certainty, fewer changes 
Lower risk premium, higher utilisation 

Lower carbon, waste € Н&5 incidents 

Target 20% CAPEX, 33% WHOLE LIFE savings 
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Site meetings with BIM Setting out with BIM 
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Understanding construction... Operations & maintenance 


v Em with BIM 
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Current Industry Practice 








Owner Team 


Toots focused on the owner team: 


Communication between teams: 


- Shipping services 
Fax 











End Result 
е Potential delays 
* Une 


- Email 
- File transfer protocol (FTP) 
- Internal servers configured xpected costs 
for access through a firewall * Non-environmentally friendly 
(paper £ shipping) 


Design Team 


Toots focused on the design team: 

- Project information Management 
(PIM) software 

- Design software 

- Office management software 


Construction Team 


Tools focused on the construction team: 


- Project management software 
- Bid management software 
- Estimating software 





Rest of your project 
team 








How do |... 
° Access models оп my mobile 
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Document meld Handover 
Control Distribute huge BIM files? Inspections 


|» Reduce cycle times on clash 
resolution? 
e Version control to avoid errors on 
out-of-date models? 


Design team : 
o М 


Authoring tools Coordination tools 
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Driving everyone project-wide to participate in BIM 
Rest of your project 
team 






ӘП BIM, IFC, COBie 
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Smarter and faster processes and decisions 


>  Project-wide clash detection / design coordination 
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Designer / BIM Coordinator 
Engineer 



















Retrieves 
models, runs 
clash detection 


Updates 
model, submits F 
to Aconex 









Submits clash 
report, assigns 
to disciplines 






Retrieves 
assigned 
clashes 
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Informed and connected review cycle 
Finds issue 


on site, checks 
BIM model 









Receives RFI, 
clicks through 
to BIM model 
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>  Project-wide access to the model 


£ Raises RFI 


— L. 


o = 
[EX] Responds with instruction 














Resolves issue 
on site 










Reviews linked 
information for 
full context 


Contractor Designer / 
Engineer 


СВМ. 
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emolition 


Detailed Design Analysis 
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Building 


‚ Information 
Modeling __ 
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Construction 
Logistics 


Operation and 
Maintenance 


Documentation 


Construction 
40/50 








Today's Challenges of AEC Industry 
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. Think of BIM as i ntelligent КЕ 






Lego blocks 


> Lego blocks are [PLACEHOLDERS] for 
real-world product data 


> All Lego blocks must be accounted 
for - otherwise model is incomplete 
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> Model is complete (No blocks missing) 
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o that can store “unlimited” building lifecycle data 


BIM = Document Management System for Buildings 
BIM elements can be used as Smart Folders for “unlimited” data storage 


a Select the BIM element to access its 





associated: 


7 Real-world products 
/ Construction methods 
Estimated Costs 

V/ Actual Costs 

/ Manufacturer Info 

/ Warranties 

/ Maintenance records 
/ Specifications 

¥ Documents 

/ Photos 

7 Radio Frequency IDs 
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BIM Benefits 


Optimization Coordination 
of Schedule 8 


and Cost Collaboration 
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Archite 
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Building Engineer m MEF 
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Facility Manager Project Manager 





Construction Manager 


Exchange of 2D Drawings 





CAD versus В!М 


Computer Aided Design Building Information Modeling 
. Primarily 2D ° 2D 3D 4D 5D 6D в beyond 

• Dumb graphics ° Intelligent objects 

* Lines, arcs, circles e Walls, windows, floors, roofs 
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CAD Project 
| 





BIM Project 
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INTEGRATED DESIGN 


Integrated Design works very well with 
Building Information Modelling (BIM). 
The process for Integrated Design 
encourages close collaboration between 
the client and core design team, 


(a driver for projects using BIM). 





` COMMON MODELS 
- - PROJECT DATA 
- TEAM ACTIVI ra cou 
di BIM. p 
all агарта 
A360 


Integrated Project 
Delivery with BIM 


Integrated project delivery (IPD) 15 the emerging 
standard for early collaboration and effective 
decision making in the building Industry today. 
Incorporating a building information modeling 


кэрез. эсотэсу of 
(BIM) toolset Into any aspect of the IPD process ны raran ping o M jes 
enables project teams to use Information іп an £ P : 


MS f 


The project team comes together at the Collaboration between the architect, Precise virtual models are automatically Because of careful early planning team members Owners can enjoy better quality assurance 

contractor, and engineers allows for better part of the design, helping to reduce are able to use materials ef Gently, creating less on their completed project and are provided 
waste. Change orders are minimized and no with a complete virtual building for 

operational revenue is lost Construction can be operational and renovation purposes. 


more predictable, thus avoiding cos tly and mitigate risk interferences during construction. 
completed on schedule and on badget 


integrated environment, increasing efficiency and redesign wor. 


enabling new ways of working that inspire more 
creative and sustainable designs. CONCEPTUALIZATION DESIGN 


IMPLEMENTATION DOCS CONSTRUCTION 6% OWN / OPERATE 


| 
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Keys to Integrated Project Delivery 


Involve all team members 
їп design meetings, 
including contractors. 


Institute building 
information modeling, 


Facilitate collaboration. 


Set up contract 
mechanisms that enable 
open collaboration. 


processes, and 


collaborate digitally. 


Check for and manage 
(ЕШ. interferences between 
trades, digitally. 


} = Minimize paper-based 


- 
# 
FR Create a culture of trust 
and sharing, 
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Communicate design ideas 
using 3D visualization to 
keep everyone aligned. 


Revit* Architecture 

Revit* Structure 

Revit* MEP 

AutoCAD* Civil 3D* 

Autodesk* 345 Мах“ Design 

Autodesk* Design Review 

Autodesk” NavisWorks* 

Autodesk* Quantity Takeoff 

Autodesk Collaborative 
Project Management 


Revit® Architecture 

Revit® Structure 

Revit* MEP 

AutoCAD® Civil 30% 

Autodesk* Design Review 

Autodesk® N avisWorks* 

Autodesk® Quantity Takeoff 

Autodesk* Inventor™ 

AutoCAD* 

Autodesk Collaborative. 
Project Management 


Autodesk* NavisWorks* 

Revit* A rchitecture 

Revit* Structure 

Revit® МЕР 

AutoCAD* Civil 3D* 

Autodesk* Inventor” 

Autodesk* Design Review 

Autodesk Collaborative 
Project Management 


Autodesk* Design Review 
Autodesk Collaborative 


Project Management 
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The Shift Towards BIM ? 


Reasons Why Make the Shift? 


You can see this clearly in the international market. Since 2016, the United Kingdom has 
mandated the use of BIM for many projects. Singapore operates an e-submissions system that 
requires firms to use BIM for projects of a certain size. In France, the government committed 
itself to building 500,000 houses using BIM. 


Australia has been a little slow off the mark when it comes to BIM mandates. But they're 
coming. Queensland introduced a new mandate in 2017 that requires the use of BIM for many 
infrastructural projects. It's likely that other states will introduce similar mandates in the 
coming years. 


So, what happens if you don't make the switch? Simply put, you lose access to the work. Such 
mandates will result in the refusal of pitches that don't follow the BIM framework. As a result, 
Building Information Modelling is no longer an optional framework. For many firms, it's 
becoming a requirement. 
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The Shift Towards BIM ? 


Reasons Why Make the Shift? 


o Think about the way you currently design models. You'll have a base model that just showcases 
the design. Then, you have to build several more models and 2D drawings. Each of this shows a 
different subset of information. You may have a 2D floor plan to go along with the 3D model. 
You may also rework your 3D model constantly to demonstrate a structure’s thermal properties 
or other information. 


o These processes require you to rework your model when you get new information. That's a lot 
of time spent on doing things that you’ve already done. 


o The use of a single model in BIM changes all of that. The model contains all of the information 
needed for the project. Project stakeholders and designers don’t have to keep going back and 
forth to rework things. BIM eliminates redundancy, which makes you more efficient. The end 
result is time saved that you can use elsewhere. 


Aa 
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The Shift Towards BIM ? 


Reasons Why Make the Shift? 


o Building Information Modelling doesn't just result in cost savings for your clients. It can also 
help your firm to save a lot of money. 


o The lack of reworking and increased efficiency help here. Your people save time on manual 
tasks, which means they can use their time more effectively elsewhere. Fewer delays means you 
run less risk of going over budget. 


o The same goes for the increased amount of accuracy that BIM creates. Having so much 
information available for the creation of your models means you're less likely to make mistakes 
during the design process. 


a 
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Truth and Lies around BIM shifting 


BIM Adopting for a firm of any size is a daunting task. lists the 
following concerns, some that you might have heard or are familiar 
with: 


o There is not enough time to properly train employees. 
o Who within the company will lead the implementation process? 
o Completing a project in Revit is more time consuming than AutoCAD. 
o We will have to create new drafting standards and content libraries. 
о Computer upgrades will cost too much. 
o AutoCAD drawings just look better than Revit drawings. 
о Revit is just a fad and it 1s not practical for our business. 
o We have been successful creating drawings the same way for many years. 
h На 
к Why change now? 26 


Truth and Lies around BIM shifting 


These are all valid concerns, and our team has often 
found that the success of an AutoCAD-to-Revit 
transition hinges on the setup and management of 
Revit itself. That's why | am sharing a simplified 
approach to help companies and teams to become 
properly organized to set themselves up for a more 
successful delivery. 


BIM Implementation Challenges 
Expertise 
Resistance to Change 


O 

O 

o No client demand 

o Not always relevant to projects worked on 
O 


Perceived Cost 
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Pillars for BIM Implementation 


Essential to the success of 
implementing BIM is a succinct and 
well-articulated vision from executive 
leadership of what the BIM business 
transformation will achieve for the 
organization, what the principle 
elements of the transformation are, 
and what this evolution will look like 
at various stages. This isn't just a 
vision statement; it is a narrative of 
where BIM will take the organization. 
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Leaders in an organization 
undergoing a BIM business 
transformation are responsible for 
driving and motivating change 
throughout the organization. There 
will be peaks and troughs of energy 
and inspiration, and these leaders 
must ensure that the transformation 
keeps moving forward. They must 
tangibly connect the vision to the 


integrated change that takes place on 


the shop floor. 


Pillars for BIM Implementation 
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30 


м вм 
Св arabia 


Pillars for BIM Implementation 


The implementers of a BIM business 
transformation are the people 
working daily on the shop floor. In 
order to deliver on the BIM vision, 
changes must be integrated across 
business activities with clear 
incremental improvements at each 
milestone. Change is realized 
through new policies and strategies, 
organizational change management, 
standards and processes, and 
integrated technology-enablers. 
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How to Fit the BIM to your scale 


ч $9» gr E SYS 


Start Small 

Look for a Pilot Project 

Look at Your Budget 

Enlist the Experts 

Prepare A BIM Plan For Each Project 
Be Careful with Modelling 

Don’t Go Back to CAD 
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How to Fit the BIM to your scale 


Know What You're Getting Into 


Create an implementation plan that sets a clear path to BIM 


Check Your Schedule 

Plan before Your Model 

Figure Out How it All Links Together 
Listen to Employees 


Talk to Your Clients 
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Ways to Fail in BIM implementation 


Lack of BIM execution plan(bxp) 
Not using the right hardware 
New drafting tool 

Copy cad standards 

Why 1 need training 


Өк с E G YS 


No quality checks 


Ways to Fail in BIM implementation 


7. Why BIM manager 

8. Software are costly 

9. No BIM strategy 
10. Starting too big 


11. Poor training 
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The Most 12 Rules for Successfully implementation 


From my Point of view the Most 12 Rules for successfully 


implementation are the following : 


О О SS № с=з 


Get to know BIM 

Communicate the change to your Board Management. 
Assemble the BIM champions 

Determine your standards. 

Account for software and hardware needs 

Develop a change management plan 
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The Most 12 Rules for Successfully implementation 


From my Point of view the Most 12 Rules for successfully 


implementation are the following : 


7. 
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Start a pilot program, and train the pilot team. 
Don’t make things too complicated 

Always Have a Plan B 

Find a partner 

Train and transition other teams. 


Expand and innovate with BIM. 
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Better outcomes through collaboration 


Y All project partners - uses a single, shared 3D 





ө 
model, cultivating collaborative working : Т " 
relationships. 
FACILITY 
MANAGER 
e RECTOR | OWNER ө 
Y This ensures everyone is focused on achieving best Т. % / Т. 
value, from project inception to eventual 
dapes Pr J P STE == — GENERAL 
decommissioning. MANAGER CONTRACTOR 
е 25 е. Ж 
FABRICATOR Ф / N @ ARCHITECT 


ө 
MECHANICAL STRUCTURAL 
ENGINEER ENGINEER 


DETAILER 


Aa 
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Risk 
Management 


Controlled 
Document 
through 
Document 


Control 


Technical/ 


Engineering 
Studies 
incorporation 
in Engineering 
Design 


Project 


Control 


Stakeholder 
Management 


Communicatio 
n 


Management 


Project Cost 


Project 
Schedule and 
Tracking 


Project 
Resources 
plans and 
Histogram 


Project Quality 
ntrols and 
Assurance 


Project HSE 
plans 
Defiverables 
and Timeline 
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work breakdown structure (WBS) 


Level 1 — Project EJ 


a 


Level 3 — Subarea 


Level 4 — Fragnet 


Level 5 — Activity 


Level 6 — Object 


Level 7 - Operation 


Level 2- Area 


С] 
E Zone 
Rebar Pour Curing 
Concrete 
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TIME CONTROL 


Y 
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Agreeing the design concept early in project development to eliminate late stage 
design changes; 


Using standard design elements when practicable; 
Resolving complex construction details before the project goes on site; 
Avoiding clashes; 


Taking advantage of intelligence and automation within the model to check design 
integrity and estimate quantities; 


Producing fabrication and construction drawings from the model; and Using data to 


control construction equipment. 
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Cost estimating 
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Explore 40 Simulation 
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Quality 


Y 


Qh Sia 


п Information Exchange Specification 
п Co-ordination 

п Risk Management 

п Issue Resolution 


п Clash detection 
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Enhanced € optimized performance 


/ ВМ makes possible swift and accurate 
comparison of different design options. 


> enabling development of more efficient, 
cost-effective and sustainable solutions. 
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Optimized solutions 


> Through deployment of new generative 
modeling technologies, solutions can be 
cost-effectively optimized against agreed 
parameters. 
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Short-term programming апа logistics planning 
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Greater predictability 


a 


Vl 


Projects can be visualized at an early stage - giving owners and 
operators a clear idea of design intent and allowing them to modify the 
design to achieve the outcomes they want. 


In advance of construction, BIM also enables the project team to “build” 
the project in a virtual environment, rehearsing complex procedures, 
optimizing temporary works designs and planning procurement of 
material, equipment and manpower. 





BIM vs CAD 


Time BIM vs CAD Workflow 
through Project Life 
= Time 


| Coordination 


тазк CAD BIM Hours 
(hours) (hours) saved 
канфе | ж | m Го | ж | 
Design development | e | ж | в | ow | 
Construction documents | юз | es | № | mm | 
сен, Checking ana coordination | т | єє | № | s 
«№ arabia 
Tots | ым | ш | ө | | 
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Visual Simulation and understanding of program changes. 


# Innovaya Visual Simulation - C:\demo\CEME.inv [ {of x} 
4D па Help >> «through t explore building 


Ебтропене Types Mt onstruction 14% 12/8/2002 | сег: 30% 
Resources 


М? zzzUnassigned (8) 
E- fY Phase 1 (1186) 
МЕ New Footing (117) 
в Ме- New GL (290) 
|< Generic Objects (5) 


|< Lighting Fixtures (62) 
|<-е Walls (30) 
[Я =* Туре! (1) 
g~ 
= Generic - 200mm (2) 
Ме Interior - 135mm Partition (2-F 
МЕ Concrete core (6) 
|© Curtian Walls (56) 
|54 Doors (26) 
|<-е Ceilinas (4) 


Task Name 
Start 7/29/2002 
Finish 8/8/2002 
On Critical Path Yes 
94 Install exterior me... 
Start 7/18/2002 


Finish 7/26/2002 П — 
- ü 





№ Comoleted Tasks Г Unstarted Tasks № Show On-going Tasks 
ID | Task Матев | Start | ID | Task Names | %Done | Start | Finish] | Resource Name | Crews 
Roughrin electrical in masonry... 6/7/2002 | 129 Rough-in electrical in drywall... 54.29% 11/20/2002 12/24/2002 / Electric Contractor 
y 





Install exterior masonry wall 15... 7/29/2002 142 Install duct in building chase 1... 27.27% 12/6/2002 12/16/2002 


Install exteri ї2 8]20]2002 > » contactor 
install exterior masonry wall 2n... interi p € 
Install exterior masonry wall3r... 9/11/2002 Install interior stud walls and d... 35.71% 12/4/2002 12/17/2002 Drywall Contractor 


с. 

Install exterior masonry wall roof 10/2/2002 104 Lay masonry at core, mechani... 77.14% 11/12/2002 12/16/2002 7, Masonry Contractor 
Install exterior masonry wall st... 7/12/2002 Rough-in plumbing in drywall... 54,29% 11/20/2002 12/24/2002 2, Plumbing Contractor 
instal exterior meta эше it w eee 62 Form 2nd floor including all Но... 42,86% 12/6/2002 12/12/2002 € G.C, Labor Crew 
install exterior metal studs 2nd... 

Install exterior metal studs 3rd ... 9{2{2002 секин Сарыы ene 
Install exterior metal studs roof 9/24/2002 TotaliGrens 
Install exterior metal studs stai... 6/3/2002 





Fits first time 


"4 Integrating multidisciplinary design inputs using a single 3D model allows 
> interface issues to be identified and resolved in advance of construction 
> eliminating the cost and time impacts of redesign. 


Y The model also enables new and existing assets to be integrated seamlessly. 


a 
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Clash detection 








Reduced waste 


a 


The Construction Industry Institute estimated the percentage of waste and ineffective >» 
business approximately about 57% of the cost of construction, as well as the cost of the 
interference between the architecture engineering construction software is estimated 
about $15.8 billion in all fields over the past years to adopt interchangeable software. This 
money could be used to make the projects more efficient and sustainable, if only it had 
been invested in staff training and construction of the new technologies. So the 
construction industry was waiting and needing BIM 


"4 Exact quantity take-offs mean that material are not over-ordered. 


Y Precise programme scheduling enables just-in-time delivery of material and 
equipment, reducing potential for damage. 


Y Use of BIM for automated fabrication of equipment and components enables more 
efficient materials handling and waste recovery. 
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Procurement BIM 
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ВМ : RETURN ON INVESTMENT 
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Five Top-Rated Positive 


Impacts of BIM 


Improved Constructability Contractors 
of Final Design 


Increased Owner's Owners 
Understanding of 
Proposed Design Solutions 


Improved Quality / Engineers 
Function of Final Design 


Generated Better Owners 
Construction Documents 


Improved Ability to Plan Owners 
Construction Phasing and 
Logistics 





Respondent | % Rating High 
Type or Very High 


74% 


73% 


71% 
70% 


70% 


Dodge Data & Analytics 


«| Em 


BIM BAM BOOM savings 


Benefit 






Up to 30% saving Cost benefits over 50 years 








Building Building Bui 


uildin 
Information Assembly Model Operation & Optimisation 
Model 


BOOM! 


60$ 
















1$ 20$ 


Time 


55 


Challenges 


Some challenges are related to adoption, others related to implementation. Some challenges relate to both 
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Business 
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Challenges.. 


Technical 





BIM knowledge 





Implementation controls 


Local Codes & Standards 


Technology limitations 


IT Environment 


А вм 
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Rarity of trained staff. Most trainings focus on tools rather on concepts 8 processes 


Lack of success criteria, & comparative studies against CAD based workflow 


No unified standards/codes to ensure proper adoption and implementation 


Design tools still fall short in many areas (unlike the intelligence of vertical projects’ design tools) 


Supporting HW/SW infrastructure, data interoperability, exchange policies, cloud computing, 
security 


Challenges 


Business 





Strategic goals 
National mandating 
Parametric analysis 
Procurement 4 legal 

Rol 


Reduced margins 
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Is it aligned with the organization objective? 

Establish client/market requirement, Integrated Project Delivery environment 

No clear data for BIM efficiency. Lack of performance assessment methods 

Where does this process fit in BoQ? What product to sell? Model ownership & liability 
Will BIM really pay back? Will it help making more money 


Scope creeps, premature workflows, lack of ongoing support may lead to more fruitless 
work 


Challenges.. 





Thorough management 





Reluctance 


Change management 





Associated risks 


qi. 


BIM is not about the final product, it is about the path how to reach 
“We are producing already, BIM might be an unnecessary overkill!” 
When adoption fails due to poor transition planning 


Impact on business, slower production rate, losing CAD experience 
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STAATSBYGG NORWAY 
IFC & BIM — Mandatory 
for all new projects 

i since 2010 
4 


















7 „| UNITED KING я 
| BIM obligatory for public 

projects > 5 MIO € 

from 2016 












U.S. GSA & ARMY > 

BIM-guidelines and THE NETHERLANDS 
tax liability Notice of BIM 

from 2016 guidelines 


, 2013 


- P. 






BIM for official 7 
government funded 2017 
construction 

projects. 





ITALY 
BIM projects planned 


9 2017 CADENAS GmbH Ж - 



















FINLAND, 5ЕМАТТІ 
IFC & BIM - Mandatory 
for all new projects 


since 2007 

< J ? 
DENMARK 
BIM-Guidelines, IFC- 
Mandatory for public 


projects » 5.5 MILL € 
since 2006 


- GERMANY 
к BIM obligatory 
2020 


AUSTRIA 

BIM standards 
since 2015 
BIM Obligatory 


U 2020 


| 
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SINGAPORE 

BIM basis needed for public 
tenders on public 

since 2012 

BIM obligatory for planning 
application 

since 2013 


2, KOREA 

Бъ Public tender 
Open BIM/IFC projects 
since 2012 , E 

















JAPAN 

MLIT prepared 
BIM-guideline 
2014 























| CHINA 

4 | BIM outline for 
construction industry 
А | published by MOHURD 
/ *"À since 2011 


: Y К „№ a 

=; HONG KONG 
Sustainability analysis for 
modelling of existing 
structures 
since 2012 
BIM obligatory for new 
projects 
from 2014/15 




















66% 


2013 2015 
s 52% 54% 
43% 
29% - 
27% аё 13% 
Japan New South — Canada ШК 


Zealand Korea 


79% 


55% 


39% 37% 


33% 
24% 


France Australia Germany Brazil US 


Source: McGraw Hill Construction, 2013 
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Welcome About» Resources > Articles BIM Partners ~ Links Contact 


"This Government's four year strategy 
for BIM implementation will change 
the dynamics and behaviours of the 
construction supply chain, unlocking 
new, more efficient and collaborative 


ways of working. This whole sector 
adoption of BIM will put us at the 
vanguard of a new digital construction 
era and position the UK to become 
the world leaders in BIM.” 


Francis Maude 
Minister for the Cabinet Office 





www.bimtaskgroup.org/ 
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<-че LADA 
L0 Ses к= do بلط‎ 


GOVERNMENT OF DUBAI DUBAI MUNICIPALITY 





Ref: 812/02/02/1/1314482 18/11/2013 


ма 21101 ра ШЫЛАП 2851441 GLS 25 إلى جمييم المكاتب الاستشاربية‎ osoni 
(196) رقم‎ ozoni 
( Building Information Modeling — BIM ) JI asse4 jahbu gli, 

انسجاماً да‏ جهود بلدية ديي 6186 بمستوى الخدمات من خلال تطوير الأنظمة сый),‏ 
لمواكبة أرقى المعايير «Ара МАЙ‏ والاستغلال الأمثل للتقنيات الحديثةء وماشهدته صناعة البناء من تطور قي 
cyt.‏ التخطيط والتصميم والتتفيذ والتشخيل والادارة Vee,‏ الى مرحلة eg‏ والتقدم AI‏ قي 
البرامج الالكتروتية المتخصصة قي مجال busy ТЫН‏ وتتظيم العمل الهندسي» والتجاح الذي حققه تطبيق 
(Building Information Modeling — BIM) gs‏ و ils!‏ التي OS‏ من мама‏ آدوات ووسائل 
انتاج уй‏ بطريقة تضمن تحسين مستوى الجودة والتتظيم والتواصل بين العاملين في А05‏ مراحل 
المشرو ع بالاضافة لتخفيض الوقت والكلفة وتوحيد المواصفات والمعايير الهندسية المطبقة وتسهيل اعداد 
جداول الكميات са) ы)»‏ المالية بدرجة عالية من “А‏ فقد تقرر تطبيق تموذج ال (BIM)‏ للأعمال 
المعمارية والالكتروميكانيك (МЕР)‏ كمرحلة أولى على: 

1- المباني التي يزيد leelo)‏ عن )40( Gib‏ 

(eo قدم‎ — ЗОО ) مساحتها عن‎ x) التي‎ uia -2 

ам —3‏ التخصصية lis‏ والجامعات وماقي حكمها. 

4— كافة المباني المقدمة عن طريق قرع مكتب أجتبي. 
وذلك del‏ من تاريخ 2014/1/1 « على ol‏ تكون المكاتب الاستشارية مسئولة {з уйй‏ عن عملية التطبيق 


آملين من الجميع التعاون لما فيه المصلحة العامة 





يمكتكم EAN‏ على كافة التعاميم على الموقع А AS‏ دبي 
تماميم eli)‏ 


EXPO 2020 шшк | 
dario Ao دبي‎ | 
DURAL UNITED ARAS EMBATES 


( ІН ВІМ "aw LEN LSO EX So A Zo LE So £ М =» гу Soy cr 
№ 4 чу "му S ы x. AT EL ` 7 \_7 x Z TS VS қ. 27 ES 
«В arabia +971 4 224 6666 79. 4971 4221 5555 ھهاتق:‎ Els 
P.O.Box : 67 DUBAI. О Л.Е. Tel: +971 4 221 5555. Fax 


تجاح 
Our Vision : Creating an excellent city that provides‏ 






BIM Implementation апа Adoption 


Evolution towards a new process 


Ability to impact cost and 
functional capabilities 
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E Cost of design changes 


+ Traditional design process 


A 
# 


Y 
{ 
wid 
1 
"К 

a 0 

1 '. 

+ 1 

0 

h L 0 

E ы Г] 

| à > 

L 1 

p" i 

-gi з 

* 

-A 


Graphic originated by Patrick MacLeamy, AIA / HOK ` 
KEY 


PD: Pre-design CD: Construction decomentation CA: Construction Administration 
SD: Schematic design PR: Procurement OP: Operation 


Qi rabia 
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BIM Implementation and Adoption 


Go Slow and steady 
e 


Desired 
Expected 


Current 


> 
= 
amd 
сп 
< 
т 
а. 
< 
PE 


о 


Actual 


TIME 


1. Current Capability - your orgersizration рее - Bit 4 Actual Curve - an слона learning curve thet puts additional stress 


o^ organisational resources 
2. Desired Capability - your capetities having Atiy implemented BIM 


5 Optimal Curve - with proper change management stretegy. the path to 


3. Expected Path - tre par* most organizations expect to teke- software = sustainabte BIM adoption 


dered capeblity 


O mort Ама 


а BIM 


(Яв arabia Learning /J-Curve 





BIM Implementation and Adoption 


Merit of BIM at early phase 


Work 
Load 


Learning 


Skill up 


Project Start Design Deadline 


“ГЕО MacLeamy Curve 
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BIM Implementation and Adoption 


5 Stages of BIM 


1. Initial Excitement 
“Wow, Look what | can do with this thing!” 
2. First Bump 
“Why won't it do what | want? 


...It was easy т CAD!” 
3. Creamy Middle 


“Things are going smoothly now” 


4. ИО“Ухел» ??! 5632 De 
“Why won't it до what | want? 
...It was easy т CAD!” 
5. Enlightenment 
"Things really click. You understand why things 
happen in the model, how to control them and 
how to avoid problems" 





| Coordination 


Aa 





Eight Pillars of BIM Wisdom 


BIM IMPLEMENTATION 


a 


Input: training resources 
Output: number of staff trained 
Outcome: extent of project 
stages conducted in BIM 
Impact: ability to win BIM 
project contracts 
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BIM Implementation Process - Evaluate 


О Visualisations 


СТО LL 


Basic Quantities 


Thermal Studies 
Lighting Analysis 
Structural Analysis 
Constructability 
Prefabrication 
Asset Tracking 
BIM/GIS Overlap 
Laser Scanning 
Field BIM 


w <. 


WHAT IS HIDDEN 


ad 


BIM — Design by Data? 


„аг аге ч 


Training 


Standards 
Workflows 
Processes 

Change Resistance 
Role Mutation 
Level of Detail 

СОЕ 

Collaboration 
Contracts 












Architects 
Contractor/Quantity Surveyor 


Client < JS 
Tool Ecologies 


BIM Execution Plans 
Training 


J Alignment 


Templates 


Communication Methods C] 
А n Change Management 
Project Specific Automation 
Workflows Staff Skills 


Clash Detection Advice 






Value Adds 










Hardware Requirements 


Model Audit 


Qh Sia 


created with www.bubbl.us 


Standards & Guides 


AGC ope America Es 
THE ASSOCIATED GENERAL CONTRACTORS OF AMERICA 3 É 5 
MED 


U.S. General Services Administration 


ational Institute of 


SS 
1 BUILDING SCIENCES 


А вм 
(Св arabia 


b 


f 'GSMRRTalliance 


bsi. 


AIA — (The American Institute of Architects) 


GSA (General Services Administration ) - 30-40 Building 
Information Modeling. 


AGC - The Contractors Guide to BIM 


NIBS- (National Institute of Building Sciences) -U.S. National 
BIM Standard 


BSA —Building SMART Alliance. 


BSI - BIM Standards 


1. STRATEGY 
Defines the BIM goals and objectives;assesses change 
readiness; and considers management and resource 
support. 


2. BIM USES 
Identifies the methods in which BIM will be implemented 
for generating, processing, communicating, executing, 
and managing information about the owner's facilities. 


3. PROCESS 
Describes the means to accomplish the BIM Uses by 
documenting the current methods, designing new 
processes leveraging BIM, and developing transition 
plans 


£ | a 


4. INFORMATION 


Documents the information needs of the organization, 
including the model element breakdown, level of 
development, and facility data. 


5. INFRASTRUCTURE 


Determines the technology infrastructure to support BIM 
including computer software, hardware, networks, and 
physical workspaces. 


6. PERSONNEL 


Establishes the roles, responsibilities, education, and 
training of the active participants in the BIM processes 
established. 


ASSESSMENT 


/ 
кла г” ALIGNMENT 
2 m WILL IMPLEMENT BIM 
t / ۶ 
A7 


г фл” ADVANCEMENT 


UN =. 


EY МА А. ( 


Figure 2-1: BIM Organizational Strategic Planning Procedure 


technology steps С technology steps D -» 


за process steps С ^N "n process steps D —» 
а: IPD 
AA O Bilal Succar 2008 
policy steps С policy steps D —» 


Dr. Bilal Sukkar 


technology steps А 


process steps А —\ 


from PRE-BIM 
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Transition 








Non-Existent 


No 





Initial 
Basic 
Organizational 
Mission 
Established 
Basic BIM 
Vision is 
Establish 
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Мо 
Management 
Support 
ат 
№ BIM identified but 
5 limited time 
Champion committed to BIM 

initiative 

Small Ad-hoc 

Committee with 

only those 





Non-Existent 
No BIM Uses 
for Projects 

identified 


No BIM Uses 
for Operations 
identified 





interested in BIM 
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Initial 
No BIM Uses 


for Projects 
identified 
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Managed 





атріоп 
with Adequate 
Time 


. Commitment 
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Managed 
Minimal Owner 
Requirements 
for BIM 


Defined 
Organization 
Mission address 
purpose, services, 
values at minimum 


BIM Vision address 
mission, strategy, 
and culture 


Full support for BIM 
Implementation with 
Appropriate Resource 

Commitment 





Multi-disciplinary BIM 
Planning Committee 
established with 
members from all 
operative units 


Defined 
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BIM data manually 
maintained for 
operational uses 





Initial Defined 
High-level BIM Detailed BIM 
Process Process 
Documented Documented for 
_ for Each Party. „Вптагу BIM Uses 
High-Level ain = 
Detailed BIM 
Process 
Process Document 
Documented for Ө 
for primary 


each operating 
unit 





organizational Uses 





Quantitatively 


Goals are specific, 
measurable, 
attainable, relevant, 
and timely 


BIM Objectives are 

specific, measurable, 

attainable, relevant, 
and timely 





Limited support for 
continuing efforts 
with a limited 
budget 


Planning Committee 
includes members for 
all level of the 
organization including 
executives 
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Quantitatively 


Extensive use of 
BIM with sharing 
between parties 
within project 
phase 
BIM data is directly 
integrated with 
operational 
systems 
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Quantitatively 
Detailed BIM 
Process 
Documented 
DES 
Process 
Documented 
for all BIM Uses 
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Optimizing 





Mission and Goals are 
regularly revisited, 
maintained and 
updated (as necessary) 


Vision and Objectives 
are regularly revisited, 
maintained and 
updated (as necessary) 


Full Support of 
continuing 
efforts 


Executive-level BIM 
Champion working 
closely with Working 
Group Champion 


BIM Planning 
Decisions are 
integrated with 
organizational 
Strategic Planning 
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Optimizing 
Open sharing of 
BIM Data across all 
parties and project 
phases 


BIM data maintained 
with operational 
systems in Real-time 
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_ Optimizing | 


Detailed BIM Process 
Documented and 
Regularly Maintained 
and Updated 


Detailed BIM Process 
Documented and 
Regularly Maintained 
and Updated 
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Team Evaluation 
uJ A > КЕННЕН ЕО БЕГЕН 


BIM Project 
Execution Plan 
Experience 


Electronic 
Collaboration 
Experience 


Technical 
Capabilities 


(Жн 





Team Has No BIM 
Experience 


Team Has Limited 
Electronic Collaboration 
Experience 


Team Has No BIM 
Experience 


Team Hires 3 Party to 
Perform BIM Uses 


Team Has Completed 
Discrete BIM Uses but has 
Not Composed a Plan 


Team Utilizes Electronic 


Methods for Communication 


such as (RFI’s, Submittals, 
Change Orders, Etc.) 


Team Has Used BIM for 
Discrete Uses During One 
Phase of the Project 


Team Has Internal Staff to 
Perform Some BIM Uses 


Team Has Assisted in BIM 
Planning 


Team Utilizes Internet 
Based Communication 
Tools but Does not Share 
Model 


Team Has Used BIM on 
Multiple Stages of the 
Project 


Team Has Internal Staff 
to Perform All BIM Uses 


Team Has Led BIM 
Execution Planning on 
Projects 


Team Shares BIM Model 
and Utilizes Real Time 
Communication Tools 


Team Uses BIM Uses 
Throughout All Stages of 
the Project 


Team Has Internal Staff to 
Develop New BIM Uses 


СНАМСЕ МАМАСЕМЕМТ 


Creating climate for change 


e Define urgency for change - e.g. to meet BIM e-submissions or new project 
procurement requirements 

Define clear vision, goals and programme 

Understand key risks and success factors 

Formulate change strategies and levers 
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СНАМСЕ МАМАСЕМЕМТ 


e Engaging and enabling the change 
o Communication for buy-in o Communicate the mandate for change clearly and frequently 
o Share success stories in practice workshops 
o Solicit and address implementation issues from the ground 
e Enabling actions 
o Provide training and resources 
o A Acquire equipments and software 
o Define BIM standards 


ВМ а 
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CHANGE MANAGEMENT 


Implementing and sustaining the change (12 — 24 months and beyond) 
Propagation (from project to project or team to team) 
Setup quick start template for new teams or projects to follow 
Set up a progression path for teams to develop in-depth knowledge 
e Making it stick 
Define clear ownership and accountability 
Set up reward system 


Incorporate BIM practices as part of the organisation's ISO processes 


a 
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BIM ENVIRONMENT (HARDWARE AND 
SOFTWARE) 


a. List of commonly used software for each task. 

BIM authoring software 

BIM reviewing software 

BIM Coordination software 

Analysis software 

Others 
b. Hardware that can run each software with a sizable model comfortably 
c. Document management system or project coordination workspace and 
protocol to house, manage and share the BIM models created within the 
organization and with external project partners. 


a 
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- AUTODESK Revit 
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- AUTODESK Navisworks 
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NAVISVORKS 





Autodesk 


Visualize Sustainable Design. 


- AUTODESK Ecotect 


- Environmental Analysis 
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AUTODESK’ 
GREEN BUILDING STUDIO’ 


- AUTODESK Green 
Building Studio 








Technical College community room rendering 
showing daylight analysis (above); Cascadia Center for 
Sustainable Desian and Construction (left) 


BIM 


< 
AUTODESK’ ег» 
Е. ROBOT STRUCTURAL -— > 
ANALYSIS PROFESSIONAL = 


Be TEKLA 


GRAPHISOFT. 


ay Bentley | ARCHICAD 


Sustaining Irfrastrictira 











BIM QUALITY ASSURANCE 


Modelling Validation (visual check) 
Ensure that the model is created accordingly to the modelling guidelines in the BIM standard 
Dataset Validation (adopt standard objects) 
Ensure that the dataset are populated with correct data. 
Interference Validation (computer-assisted) 
Detect any clash between building component using a Clash Detection software 
Detect sufficient space clearance between building components for installation and maintenance 
purposes 
Exchange Validation (visual check) 


дем Ensure that model is published/received based on the exchange protocol as defined іп the 
| Б 
arabia project execution plan 


BIM PROCESS FOR PROJECT 


Preparation & Conceptual Design 
Schematic Design 

Detailed Design 

Construction 

As Built 
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STAGE 


1. Preparation 8 
Conceptual Design 


2. Schematic Design 


3. Detailed Design 


SUGGESTED DELIVERABLES (MEP ONLY) 


a. Understanding Client’s Requirements 

b. BIM Execution Plan 

c. MEP Concept Report which includes simple schematic, relevant design codes and 
etc. 

d.Setup BIM Project Template, coordinate system, grids, level height, 


a. Preliminary Model based on Architectural massing models 

b. MEP Schematic Design Report which includes design criteria and prelim design 
calculation. 

c. Schematic Drawings 


a. Detailed Design Drawing + Model 

b. MEP Detailed Design Report which includes updated design criteria and design 
calculation 

c. Clash detection & resolution report between MEP model and Architect & Structure 
models 

d. Detailed cost estimate, BOQ, tender documents 


STAGE 


4 Construction 


5. As Built 


6. Facility Management 


SUGGESTED DELIVERABLES (MEP ONLY) 


a. Design Validation Report 

b. RFI Resolution 

c. Shop Drawings 

d. Single Services Drawings (SSD) & Combined 
Services Drawings (CSD) 

e. Detailed schedule of materials & quantities 


a. As constructed Model & drawings 


b. Operation & Maintenance Manual (OMM) 
c. Commission reports 


a. As built model 


Project BIM 
Manager 


AND LET THE 


BIM 





aE bia MAN AGE R 


HANDLE IT 


BIM Execution Plan 
BIM Goal and Uses 
Responsibility Matrix 
BIM Deliverables 
Delivery Schedules 
BIM Modelling 
Quality Control 

BIM Coordination 
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В | М e Create BIM Design Models and 
Documentation 
e Define discipline-specific BIM 


Coo rd | nator for uses including analysis 


Consu Itant e Coordinate DE BIM 
modellers, design consultants 
and cost consultant 
ө Coordinate with contractor and 
subcontractors 
e Ensure Modelling Quality 
Control 


Coordinator for 


e| Em 


BIM 


Contractor 


Coordinate with design 
consultants and subcontractors 
Study tender documents 
Review Design Models and 
Fabrication Models and 
Drawings 

Use BIM for coordination, 
sequencing, constructability 
and cost studies, and field use 
Create construction and as 
built models 

Ensure Modelling Quality 
Control 
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What do we need to achieve”? 


1. Higher quality, more reliable design information 
2. Greater client certainty/predictability (time, cost, quality) earlier 
3. Better visualisation 
4. Better multi-disciplinary collaboration 
5. Quicker, more consistent and easier coordination of design documentation 
6. Earlier, accurate, complete procurement data ('smart' BoQs); elimination of waste and rework 
7. Better construction and project management ("build it once virtually, then build it for real") 
8. Better 'as-built', whole-life information for O&M 
9. Reduced Risk Factor during Construction 
10. Best Control of Clash Detections Е 
11. Increased Productivity 
12. Saving Time and faster delivery. 


Whole Life asset management 
iie Continua Improvement 


BIM 


BIM Level O 


= 
b 
e 
> 
=> 
со 
> 


Drawings 





BIM Execution Plan 


= Set clear goals & objectives across organization € teams 
= Increase accountability and productivity 

" Standardize your communication methods PROJECT 
= Define roles and responsibilities 


= Bind all parties early in the RFP process 





= Control your project costs, schedule, scope and quality 


м BIM 
№ arabia 


Identify BIM Goals 
and Uses 


t 


Design BIM Project 
Execution Process 
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n= le] o) 
Information 
Exchange 


Define Supporting 
Infrastructure for BIM 
Implementation 


(Ай arabia 


Use project and teami 
characteristics to determine BIM 
Goals and Uses for the Project: 


Develop a process which includes 
tasks supported by BIM along with 
information exchanges. 


Develop the information content, 
paries responsible, grouping, and 
schedule for each exchange. 


Define the infrastructure required to 
support the developed BIM 
processes. 


Delivery Strategy / Contract 
Communication Procedures 
Technology Infrastructure Needs 


Model Quality Control Procedure 
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DEVELOPED BY 


This template is a too! th: 
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PROGRAMMING 


SITE ANALYSIS 


PHASE PLANNING 
(4D MODELING) 


COST ESTIMATION 


EXISTING CONDITIONS 
MODELING 








DESIGN 
DESIGN AUTHORING 


DESIGN REVIEWS 
3D COORDINATION 


STRUCTURAL ANALYSIS 
LIGHTING ANALYSIS 


ENERGY ANALYSIS 
MECHANICAL ANALYSIS 


OTHER ENG. ANALYSIS 


SUSTAINABLITY (LEED) 
EVALUATION 


CODE VALIDATION 


PHASE PLANNING 
(4D MODELING) 


COST ESTIMATION 


EXISTING CONDITIONS 
MODELING 








CONSTRUCT 
SITE UTILIZATION 
PLANNING 
CONSTRUCTION SYSTEM 
DESIGN 


3D COORDINATION 


DIGITAL FABRICATION 


3D CONTROL AND 
PLANNING 


RECORD MODELING 


PHASE PLANNING 
(4D MODELING) 


COST ESTIMATION 


EXISTING CONDITIONS 
MODELING 





BUILDING MAINTENANCE 
SCHEDULING 
BUILDING SYSTEM 
ANALYSIS 


ASSET MANAGEMENT 


SPACE MANAGEMENT / 
TRACKING 


DISASTER PLANNING 


RECORD MODELING 


PHASE PLANNING 
(4D MODELING) 


COST ESTIMATION 


EXISTING CONDITIONS 
MODELING 
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Programming 
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Existing Conditions Modeling 
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Standard Foundations 
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PROCUREMENT 
_ — PLAN 








Standard BIM Execution 
Plan Template 
° Goals 


Contract Requirements 


* Document Hierarchy * Definitions 
* Use of BIM Project e Team Responsibilities • Uses 
Execution Plan * Collaboration е Process 
e Data / Model Ownership ° Deliverables ° Model Details 
* Minimum Requirements * Quality Control/ * Data Details 
е 2D Requirements * Assurance Plan “ Meeting Schedule 
° Security 
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PROJECT, EXECUTION 


assists a project team to maximize the benefit of BIM 
| - implementation for a facility construction project throu 
= = identifying project goals and BIM Uses, designing the BIM 
OE execution process, developing information exchanges, 
and defining infrastructure 


BIM Project Execution Planning Procedure 


Identify BIM Goals 
and Uses 


t 


Design BIM Project 
Execution Process 


5 


n= le] o) 
Information 
Exchange 


Define Supporting 
Infrastructure for BIM 
Implementation 


(Ай arabia 


Use project and teami 
characteristics to determine BIM 
Goals and Uses for the Project: 


Develop a process which includes 
tasks supported by BIM along with 
information exchanges. 


Develop the information content, 
paries responsible, grouping, and 
schedule for each exchange. 


Define the infrastructure required to 
support the developed BIM 
processes. 


Delivery Strategy / Contract 
Communication Procedures 
Technology Infrastructure Needs 


Model Quality Control Procedure 





REVISED BIM USE STRUCTURE 


Authoring Analyzing 


Communicating Executing Managing 


Minimum Modeling Matrix (M3) 
TOTUM Document Release: 20120913 = 
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ПЕРЕТА СР PLANNING - DESIGN 

















































































































Lessons Learned from Case Studies 


Need BIM Champion(s) 
Owner Involvement is Critical 
Need team Buy-in and Transparency 


The Planning Procedure should allow for Adaptations by the 
Project Team 


The Project Execution Plan must be considered a Living 
Document 


Planning takes Resources and it is Critical that Resources are 
Available 





DON’T OVERCOMPLICATE THE BIM EXECUTION PLAN. 


I’ve found that the best way to keep BIM execution plans simple is by 
following these steps: 

e Outline the expectations of Building Team. Have a discussion early on 
about which team members will be modeling which pieces of the building. 
For instance, the architect typically starts the structural layout, so the team 
needs to determine what is expected of the structural engineer and when it 
needs to be delivered. The architect may drive critical design elements, like 
slab edge locations, but | prefer that the structural engineer owns the slabs 
as early in the process as possible. 
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Family Naming - BS8541-1 


BIM Level 2 requires families to be named according to BS8541-1. 





Do this from the start. 


If you are a designer creating generic objects, family names will be in the format 
Source Type Subtype. Use Organisation Acronyms for the source. Types should be IFC 
names and be consistent ¡.e. Use Door and not doors. The IFC names are included in 
BS8541-1. Subtypes are flexible but should be structured to ensure there is a consistent 
system for naming. | use the T-Sheet code and an optional description e.g. 

ME Door IDR-Dbl-Eq for an internal equal size leaf double door created by me. Obviously 
replace the Source acronym for your company acronym. 


еи 


BIM 15 collaborative 


BIM won't work without collaboration. BIM exists because of technology and a desire to 
improve the construction process. It isn't easy as there is a tendency in the business to 
carry on as usual. There is a growing unease that long term targets cannot be met 
through business as usual and that process that have developed over the past 40 years 
are not fit for purpose. 


Team Work 


Providing an adequate and cost effective supply of 
places for people to live and work sustainability in 
the near future is very challenging. Individually we 


can go fast but collectively we can go far. 


еи 





Shared Coordinates 


If your linked models don't sit on top of each other accurately, you have a big problem 
and it is time to stop and sort this out. Each model should have a common survey point 
and base point. The Information Manager or Project Lead should ensure this is in place. 
The best way to standardize this is issue a master survey 2D CAD drawing which uses the 
correct coordinate system ¡.e. Ordnance Survey UK coordinates using True North. 


Each organisation can then acquire the coordinates i š à , 

from this linked drawing. The recommended base x x x | 

and survey points should be indicated on Ше 

drawing. If the survey is in BIM format, the 

coordinates can be acquired from the linked survey 
зм model. 


«№ arabia 





Clash Detection 


Start the process early. The first time it is done it takes some time to set 
up. Allow 2-3 days. Objects must be grouped into sets and clash tests 
setup to specifically target certain clash tests e.g. structural slab versus 
facade. Don't run a clash detection on everything ¡.e. structural model 
versus architectural model, the number of clashes will be overwhelming 


and difficult to manage. Organize objects into sets. 





еи 


Unique Object IDs 


BIM 
añ arabia 


If you are using clash detection tools such as Navisworks, 
Solebri or Tekla, these applications rely on unique 105 for 
each object to allow them to track objects. For clash 
detection it is important to understand if a clash is new, 


old (active) or resolved. This is the foundation of the 





process of resolving or progressively tracking clashes. 


P 





Maintain the same System Specs 
throughout the Team 


It is important to have the same configuration for all your local systems in a network, from the OS, to 
the hardware and Revit updates. This is true even if you are collaborating over multiple Revit 
Servers. Very often you'll find sync operations taking forever. This occurs especially when there аге 
multiple users accessing the central file at the same time. Add to this a bunch of differently 
configured workstations and you will end up lingering around the coffee machine for a 


long time. 


We would often experience a weird issue of 
Permission requests moving around in circles 
from user to user, eventually causing the file to 
corrupt. | haven't identified what exactly leads 
to this problem. 
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Plan Your Revit Links Carefully 


It is common practice to distribute model elements over multiple link files. But approach 


your Revit links with some solid strategy. Our project was three storeys high, with the 


built mass distributed over roughly 0.7sq km. 


Ë BIM 


В arabia 


A decision was made to 


vertically slice the building at 
two locations (the floor 
expansion joints), and store 
the three parts in separate 
link files. 





MO DEL LI N KS G U IDE The model name consists of seven parts: (Project no| Опра Zone по 00 for overall) | levels (ХХ foral levels 


















































E 
02 E 321-EHAF-ZD-XX-M3-AR-PODIUM CW CF ARCH. ZONE 00 -PODIUM CURTAIN WALL AND EXTERNAL CLADDING ARCH. | 11.40 
03 321-EHAF-Z1-XX-M3-AR- TOWER1 _CF ARCH. ZONE 01 -TOWER 1 ARCHITEC TURE ELEMENTS AND ROOMS ARCH. 22.10 
04 321-EHAF-Z1-XX-M3-AR-TOWER1 СУМ СЕ | [ARCH.ZONE 01-TOWER 1 CURTAIN WALL ARCH. | 15.00 
05 321 -EHAF-22-XX-M3-AR-TOWER2_CF ARCH. ZONE 02-TOWER 2 ARCHITEC TURE ELEMENTS AND ROOMS ARCH. | 21.00 
06 321-EHAF-Z2-XX-M3-AR-TOWER2 CW CF ARCH. ZONE 02 -TOWER 2 CURTAIN WALL ARCH. | 15.00 
07 321-EHAF-Z2-XX-M3-AR- SKIN MAIN PROJECT EXTERNAL CURTAIN FOR TOWER 02 AND PODIUM TOP ARCH. | 00.00 
08 321-EHAF-Z2-XX-M3-AR-STAIRS CF OVERALL PROJECT STAIRS ARCH.| 01.70 
09 321-EHAF-20-XX-M3-AR-URS ARCH. UNIVERSAL REF FERENCE SYSTEMFOR LEVELS , GRIDS AND COORDINATES FOR ZONEO |ARCH. | 01.70 
10 321-EHAF-Z1_Z2-XX-WB-AR-URS ARCH UNIVE BRALRET ERENCE SYSTEMFOR LEVELS, GRIDS AND COORDINATES FOR ARCH. | 0170 
11 321-EHAF-XX-XX-M2-AR-DOC_CF ARCH. DOCUMENTATION'S MODEL FOR SHEETS ANNOTATING AND SCHEDULES ARCH. | 06.70 
12 |_| E ЕРЕЕН ЕН ШЕЕ ЕКЕ ЕЕ ШИ eR IE 
13 321-ЕНАЕ-ХХ-ХХ-МЗ-АБ-5СМ [SHARED CONTANER NOT OREN FOR WORK-SHARING, ONLY FOR COMBINING THE LINKS THAT ARCH. | 11.80 





APPLY THE TWO-INCH RULE. 


This is one of the first rules of designing with BIM, yet | have seen many 
professionals get it wrong. It goes like this: Anything in a design that is 
smaller than two inches in size—such as wire, conduit, and pipe—should 
not be modeled, because small components can usually be worked around 


larger components on site. 


м BIM 
№ arabia 


build Standards. Period. 


You will be surprised to know that our big project here, had no 
pre-defined Revit standards. This often lead to wasted time, 
confusion and inconsistencies. If you want things to run smooth like 
clockwork, you need standards. It allows you to automate boring 


little tasks, save you time and keep everyone on the same page. 


еи 


Vaguely defined LOD creates Waste 


This is a tricky one, but important nonetheless. Revit's 3D capabilities can often be 
seductive causing us to over-model. But this is only going to waste time. Our project 
was assigned LOD-300. But this lacks clarity because every element in the project will 
tend to be modelled differently. As in, the foundation could be LOD-100 and the doors 
and windows could be LOD-400. Hence, when preparing the execution plan, define LOD 
for each model element instead of assigning one for the entire project. 


$ 4.3 Model Element Table 

Identify (1) the LOD required for each Model Element at the end of 
each phase, and (2) the Model Element Author (MEA) responsible for 
developing the Model Element to the LOD identified. 


Insert abbreviations for each MEA identified in the table below, such 
as “А- Architect," or "C — Contractor." 





NOTE: LODs must be adapted for the unique characteristics of each 
Project. 





Model Elements Utilizing CSI UniFormat™ 
i вм. : : Е 
(а № arabia А SUBSTRUCTURE А10 Foundations A1010 Standard Foundations 
A1020 Special Foundations 
А1030 Slab on Grade 














BIM &LOD 


LOD 100 


Concept (Presentation 
DESCRIPTION: 
Arms, Wheels 
WIDTH: 

DEPTH: 

HEIGHT: 
MANUFACTURER: 
Herman Miller, Inc. 
MODEL: 

Mirra 


LOO: 


(Only data in red is useable) 
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Don't Add new Members to Fight Fire 


When there is a deadline at sight and a long list of tasks to be completed, 
instinct forces us to bring in new members to the team. Unfortunately, 


this can only do more harm than good. New members have to 
understand the project and how the project is set up on Revit before they can 
attempt to do anything. You might waste more time guiding and teaching 
them, unable to attend to your own duties. If the situation requires additional 
members, it is better to assign them generic tasks 


(sheet setup, annotation, printing etc.). 
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Aa 


BIM meeting 


Always have field/management member involved with BIM meeting and the process 

Have at least one monthly review with 4D in BIM meetings to understand when critical 
areas are about to be installed. 

Even if it’s coordinated in the Federated Model, make sure it is installed per shop drawings 
obtained from the coordinated model. 

Train key management members to understand the BIM process 

Encourage subcontractors to use model review tools on site 


Weekly review the Federated Model with 
Superintendents 

Incorporate outstanding problems from BIM weekly 
meeting into subcontractor meetings to keep 
everyone on same page. 





Automate 


| remember trying to manually renumber over 1000 car parks. It was really frustrating when the 
layout would change or | missed a number. | did not know back then about Revit macros, plugins and 
Dynamo scripts (1 was a noob). The team was so caught up on meeting the deadline that we forgot 
that we were working on Revit! But one teammate decided to do things differently. He set out to 
program a script on Dynamo to renumber the car parks quickly. After toiling away on it for a few 
hours, he saved us many hours in the long run. 


Unfortunately, we tend to approach every software with a ‘CAD mindset’ when there are easier ways 
to get things done. 


Encourage your team to find ways to expedite processes. 
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Actions 


Don't just watch, start using it. (Shanghai Tower) 
Take a hands-on BIM course 
Train your staff 
3D CE Software requires longer learning curve 
Big Data - the Biggest thing is Data 
If you want to implement BIM, 
* decide what data you need during O&M 
* design model = as-built model (permanent дос) 
If you are using BIM for your project, 
* hire a system analyst to review your workflow (IDM) 
* hire good database (and web) programmers 
During construction, BIM is active, Data is passive 


During maintenance, BIM is passive, Data is active 
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A582 - LEVEL 3 & 4 - EAST SIDE 


2583 - LEVEL 1 
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-EAST SIDE 
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LEVELS 1-3 
ıFvFIS 4-9 
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LEVELS B3- P1 


SOUTH SIDE 


LEVELS P2-5 
LEVELS 6 - ROOF 
LEVELS B3-3 
LEVELS 4- ROOF 


-EAST SIDE 


4588 - LEVEL 10 & ROOF - SOUTH SIDE 


АБӨЗ 


2-EAST SIDE 


A585 - LEVEL 344 - EAST SIDE 
A586 - LEVEL 1 - EAST SIDE 

R1 

R1 

R1 

R1 
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ENLARGED WALL SECT! 


A737 - ENLARGED WALL БЕСТІ 
4738 - ENLARGED WALL ЗЕСТ! 
А739 - ENLARGED WALL SECT 


LEVEL 3, 10 & ROOF 
A740 - STAI 


BUILDING SECTIONS 


SOUTH SIDE 
- LEVEL 3, 4 & 10 - SOUTH SIDE 


4592 - ROOF - SOUTH SIDE 
- EXTERIOR WALL SECTIONS 


А712 - EXTERIOR WALL SECTIONS 


A720 - ENLARGED WALL COND 
4721 - ENLARGED WALL CONDI 
А722 - ENLARGED WALL COND 
A723 - ENLARGED WALL COND 

- ENLARGED WALL SECT! 
A732 - ENLARGED WALL SECT 
4733 - ENLARGED WALL ЗЕСТ! 
А734 - ENLARGED WALL ЗЕСТ! 
A735 - ENLARGED WALL SECT 


A657 - ELEVATOR LOBBY PLAZA LEVEL 2 
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A701 - 
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A710 - EXTERIOR WALL SECTIONS 
A725 - ENLARGED WALL COND 
4726 - ENLARGED WALL COND 
A727 - ENLARGED WALL COND 
A728 - ENLARGED WALL COND 
A730 - ENLARGED WALL ЗЕСТ! 


4587 - PLAZA LEVEL 2 


A584 - PLAZA LEVEL 
А595 - SOUTH SIDE 


A596 - WEST SIDE 
A597 - EAST SIDE 
A598 - EAST SIDE 


A591 
А594 - 
A711 

A731 

A736 

A741 - STAI 
A742 - ТА 
A743 - STAI 
A744 - STAI 
A745 - STAI 
A746 - STAI 
A747 - STAI 
S742 стан 


т 
= 
© 
© 
T 
© 
= 
E 
= 
© 
= 
8 
= 
+ 
© 
в 
E 
= 








Basics 
View 
Modelling 
Drafting 
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Room and Ares 
Click to select, TAB for alternates, CTRL adds, SHIFT unselects. 
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Construction Drawings 
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3D Visualization 
3D Revit Render+PS 
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3D Visualization 
3D Revit Render + Vray 
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4D 


BIM, an acronym for 4D Building Information Modeling and a term widely used in the CAD industry, refers to the intelligent linking of 
individual 3D CAD components or assemblies with time- or schedule-related information. 

The use of the term 4D is intended to refer to the fourth dimension: time, i.e. 4D is 3D plus schedule (time). 

The construction of the 4D models enables the various participants (from architects, designers, contractors to owners) of a construction 
project, to visualize the entire duration of a series of events and display the progress of construction activities through the lifetime of the 
project. This BIM-centric approach towards project management technique has a very high potential to improve the project тг 
delivery of construction project, of any size or complexity. 
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BIM, an acronym for 5D Building Information Modeling, is a term 
used in the CAD and construction industries, and refers to the 
intelligent linking of individual 3D CAD components or assemblies 


with schedule (time - 4D BIM) constraints and then with cost-related 


information. 

The creation of 5D models enables the various participants (from 
architects, designers, contractors to owners) of a construction 
project to visualize the progress of construction activities and its 
related costs over time. This BIM-centric project management 


technique has potential to improve management and delivery of 
projects of any size or complexity. 


Visualization 


- Bill of Quantity (BOQ) 
- Bill of Material (BOM) 
- Cost Estimation 
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(3D plus cost element) 
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Mechanical Schedules/Takeoffs 






































































































































































































































































































































































































































INDOOR UNIT 
SUPPLY FAN TOOLING HEATING FILTER ELECTRICAL] 
CAPACITY ENT. OPERATING 
MANUFACTURER SENSIBLE [TOTAL CF) CAPACITY ТҮРЕ NUMBER AND |VOLT/PH MIN. WEIGHT 
AIR TERMINAL SCHEDULE MARK AREA SERVED AND MODEL NO. | СЕМ | ESP |RPM |ВНР | НР (MBH) (MBH) |рв/м/в (MBH) FURNISHED SIZE mz МСА |FLA | OSA (LBS) ACCESSORIES REMARKS 
NECK APTA SALES, TRANE [гооо [6.50 [1000 |677 [075 | a72 еза [e5767 | 585 THROWAWAY | CD 16201 |2050 | эл |2 | або 300 1 93 3 4 +z 
РЕ Marie РКЕ SIZE EROA RESTROOMS тшєовлоз 9 сем 
НЕТ? | SALES, PREP. TRANE 3000 [oso [в57 |126 | zo | esa | eva |88767| 774 | THROWAWAY | @ eze [20860 | ss [53 | 375 400. n 2 3-4 1-2 
SUPPLYAIR | А 1 6 80 СЕМ BACKROOM, TwAGGODS Бағ ES 
SUPPLYAIR | А 2 10 100 CFM BESER 
SUPPLYAIR | А 2 10 400 СЕМ ACCESSORIES: | DUET SMOKE DETECTORS 2 PROGRAMMABLE THERMOSTAT W? LOCKING COVER 3 соз SENSOR + — MIXING BOXES 
SUPPLYAIR | А 1 10 420 СЕМ REMARKS: | INSTALLATION SHALL BE PER MANUFACTURER RECOMMENDATION 2 WIRED BY ELECT. CONTRACTOR PER DIV. 10, SEE ELECT 0WOS 
TRANSFER B 2 16 480 CFM 
HE EXHAUST FAN SCHEDULE 
MANUFACTURER OPERATING 
SUPPLY AIR © 8 12 SEE PLAN mark | AND MODELNO. |areaserveo | түре | crm |se.anmowo) | rem meca | овме | мокливн [мент (Les) | accessories | REMARK 
ROUND ERA GRAINGER 7 BROAN WOMENS CEILING 100 0.125 540 87 w DIRECT 1204 20 123 7 2 8 
REESE ATRAZ RESTROOM 
ЕЕ? | GRAINGER 7 BROAN MENS ceme | 100 5225 вав era | Ест | 12077 25 723 таз 
TRANSFER 5 2 ЗЕЕ КЕҮ |500 СЕМ атваг RESTROOM 
GRILLE NOTES ACCESSORIES: 1 DISCHARGE GOOSENECK = 2 VIBRATION ISOLATOR WITH SEISMIC RESTRAINT 3 MOUNTING CLAMPS AND BRACKETS 
NOTE: TRANE TO PROVIDE ALL SUPPLY AND RETURN DIFFUSERS REMARKS: 1 WIRED BY ELECT. CONTRACTOR РЕЯ DIV. 10, SEE ELECT 0WGS. — 2 INSTALLATION SHALL ВЕ PER MANUFACTURER'S RECOMMENDATION 3 FACTORY FURNISH WITH GRILLE 
DUCT SCHEDULE 
INSULATION] INTERIOR LINING Бо 
SIZE |COUNT | THICKNESS Шарды; COMPRESSOR CONDENSER ELECTRICAL OPERATING 
6". 9 qe o" MANUFACTURER AREA AMBIENT AIR (Е) FAN WEIGHT 
En 1 1" MARK | AND MODEL NO. | SERVED | STAGE RLA LRA SUMMER | WINTER HP СЕМ | VOLT/PH/HZ | MCA | FLA (LBS) 
tore тв 1” НРО-1 TRANE RTU-1 1 181 137 85 43 1/4 = 20073780 с a 300 
= т 4TVVA3060A3 
12 E 1 1 НРО-2 TRANE TWAD90D3| FTU-2 1 25 164 85 43 05 6530 20873750 66 31 400 
= z 
1678 1 27 CONDENSING UNIT SCHEDULE 
189 2 1" COMPRESSORS OPERATING 
= 1 Е ORACLE |VOLT/PH/ WEIGHT 
MARK | MANUFACTURER MODEL # HZ COUNT HP MCA | MOPD (LBS) FOR USE WITH 
218 2 A" RC-1 HEATCRAFT / TPC-3 20485 | 208/3/60 - 5, 3/4, 1 1/2 | 41.2 | 60.0 1375 - 
14"х14" 1 1" BOHN 
16%16"| 1 E 
27:187] —1 те EVAPORATOR SCHEDULE 
MARK | COUNT | MANUFACTURER MODEL ORACLE HP [WATTS VOLT/PH/HZ OPERATING WEIGHT (LBS) 
Е-1 3 HEATCRAFT/ ADT130BEB2N8WGK 00130252 [1/15] 3,810 230/1/60 53 
FLEX DUCT SCHEDULE BOHN 
DIAMETER COUNT LENGTH EZ 1 HEATCRAFT/ LETO47BHB2N6K 00130186 [1/15] 3,810 208/1760 28 
BOHN 
6 3 25-6 ЕЗ 1 HEATCRAFT7 CTL046 0317006 - 1105 20871750 48 
10" 3 17-9" BOHN 
16" 1 4-10" 
FLY FAN SCHEDULE 
HP @ 1550 SOUND 
MARK [MANUFACTURER |MODEL| RPM ЕГА | СЕМ | RATING 
FF-1 | MARS LPN72 | 1016 | 25 |1800 53 
NOTE: GENERAL CONTRACTOR TO PROVIDE FLY FAN 











Plumbing Schedules/Takeoffs 





Fixture Schedule 























Mark Туре Model Oracle # Count мм У СУУ | НУУ Description 
HS-1 EHS-1 Hand Sink 180-574 00037994 1 1-1/2" | 1-172“ | 3/2" | 1/27 
WCe-1 Highline 2pc Toilet, 947-278 = 2 4" 2 1/2" - Kohler "HIGHLINE" PRESSURE LITE TOILET, 
Complete Solution MODEL NO. K-3485 FOR LEFT HAND 

APPLICATIONS AND K-3485-RA FOR RIGHT HAND 

HS-2 In Counter Hand Sink - - = 2" 1-1/2" | 1/2" | 1/2" |7-Eleven provided 

FD-1 Josam Floor Drain Series No - 3 8" 2 - = Cast Iron Floor Drain 

3000-54-50 

LAV-1 |Kohler Lavatory K-1723 - 2 1-1/2" | 1-1/2 | 1/2" | 1/2" |vv/ 8" CENTERS VW? CHROME CORALAIS K-15265-4 
УУ/ LEVER HANDLES 

MS- 1 Mop Sink MSB-2424 = 1 3" 2" 3/4" | 3/4" [COLOR WHITE WITH NO. 8304A FAUCET, NO. 


832-АА HOSE AND BRACKET, NO. 1453BB FLOOR 
STRAINER AND МО. 899- CC MOP HANGER 


FS-1 Zurn Floor Sink 2-1900 - 4 3" 24 = = 12" x 12" x 6" DEEP CAST IRON BODY AND AND 
SQUARE SLOTTED MEDIUM DUTY GRATE 

















































































































Waste Pipe Fitting Schedule 
Waste Pipe Schedule Type Size Count Model 

System Type Class Model | Diameter Length 1-1/2" PVC EL 45D SXS 1 1/2'a-1 1/278 8 294-071 
Condensate | 1" x 10' RDG Tyoe M Red Copper - С M - qu 59'-7" 2" PVC EL 45D 5Х5 2"g-2"8 3 232-742 
Waste 1-1/2" x 10' PVC40 PE Solidcore Pipe - | Schedule 40 [193-844] 1 1/2" 185-4" 2" PVC EL 90D SXS DI REI 36 232-784 
Е - Ww _ == 3" DWV EL 90D HXH 370-370 з 189-480 

Waste 2" x 10 ешечо РЕ сепавоте Pipe Е W | Schedule 40 | 193-852 2 _ 242 га. 4" DWV EL 45D HXH 470-470 1 - 

Waste 2-1/2" x 10 mir m Solidcore Pipe - | Schedule 40 | 193-852 21/2 6-8 А" DWV EL 90D HXH 470-470 5 = 
Waste 3" x 10' PVC40 PE Solidcore Pipe -W | Schedule 40|193-860| 3" 174" ar PVE ЕЕ A ee 20 292-226 
Waste 4" x 10° PVC40 PE Solidcore Pipe - W | Schedule 40 |193-879 4" 52-9" OU DWN SANI TEE PHZH EEE 4 169-707 
4" DWV SANI TEE HXHXH 40-4"0-4"0 9 189-715 





























Waste Pipe Accessory Schedule 
Type Model Count 
4" DWV Test / Cleanout Tee HCHCFPT - 4 
Josam Wall Clean-out Series No. 58790 |5 





Cost Estimating 
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BIM combined with 
Model enables accurate quantity 
survey of materials and components 


Quantities linked directly to cost 


databases 


Cost implications of design changes 
can be understood in real-time 
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6D 


BIM, an acronym for 6D Building Information Modeling and a term widely 
used in the Construction industry, refers to the intelligent linking of 


individual 3D CAD components or assemblies with all aspects of project -Facility Management 


life-cycle management information. -Logistics 
The 6D model is usually delivered to the owner, when a construction -3D Laser Scan 
project is ready to be closed-out. The “As-Built” BIM model is populated -Operation 8 Maintenance 


with all relevant building component information such as product data 
and details, maintenance/operation manuals, cut sheet specifications, 
photos, warranty data, web links to product online sources, manufacturer 
information and contacts, etc. This information-centric database is made 
globally accessible to the users/owners through a customized proprietary 
secure web-based environment. The accuracy of 6D BIM aids facilities 


managers in the operation and maintenance of the facility throughout its 
life cycle. 
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3D plus analysis 
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Assets Management 
Construction Quality Control 
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BIM Implementation Process - Evaluate 


О Visualisations 


СТО LL 


Basic Quantities 


Thermal Studies 
Lighting Analysis 
Structural Analysis 
Constructability 
Prefabrication 
Asset Tracking 
BIM/GIS Overlap 
Laser Scanning 
Field BIM 
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WHAT IS HIDDEN 
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BIM — Design by Data? 


„аг аге ч 


Training 


Standards 
Workflows 
Processes 

Change Resistance 
Role Mutation 
Level of Detail 

СОЕ 

Collaboration 
Contracts 
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BIM Education 
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BIM IMPLEMENTATION PLAN 


transition other 
1 5 teams 


1 ГА Pilot Project 
And collaboration 
between disciplines E. 
Training 


3 Special team 
07 Education в 













planing | 

How to adopt BIM “we are moving to BIM 
because it’s critical to our 
future,” 


Creating climate for change 


e Define urgency for change - e.g. to meet BIM e-submissions or new project 
procurement requirements 

e Define clear vision, goals and programme 

e Understand key risks and success factors 

e Formulate change strategies and levers 


м вм 
Gh arabia 
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м вм 
Gh arabia 


Engaging and enabling the change 
o Communication for buy-in o Communicate the mandate for change clearly and frequently 
o Share success stories in practice workshops 
o Solicit and address implementation issues from the ground 
Enabling actions 
o Provide training and resources 
o Acquire equipments and software 
o Define BIM standards 
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e Achieve quick wins - to build momentum of change 


о Use pilot project 





O Reward early movers 


О | бе realistic targets 


a 


СНАМСЕ МАМАСЕМЕМТ 


e Implementing and sustaining the change (12 — 24 months and beyond) 
o Propagation (from project to project or team to team) 
O Setup quick start template for new teams or projects to follow 
O Setup a progression path for teams to develop in-depth knowledge 
e Making it stick 
O Define clear ownership and accountability 
O  Setupreward system 


O Incorporate ВМ practices as part of the organisation's ISO processes 


м вм 
Cin arabia 
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BIM ENVIRONMENT (HARDWARE AND SOFTWARE) 


м вм 
Gh arabia 


а. List of commonly used software for each task. 

о  BIM authoring software 

о BIM reviewing software 

o ВІМ Coordination software 

O Analysis software 

O Others 
b. Hardware that can run each software with a sizable model comfortably 
c. Document management system or project coordination workspace and 
protocol to house, manage and share the BIM models created within the 
organization and with external project partners. 
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Богоро Specification Installation Certification 


Submittal Product 
CAD File Register Data 


Design Build Operate Phases 
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Devices 
© Smartphone 
: " PC/Notebook 
а, Tablet 
7? 
Аррз 
BIM DMS Ei á Site Records Material order, 
ұласты System delivery Sys 
Data 


a 
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и Database 
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If you have any further questions, please don't 


hesitate to contact me. 
Omar Selim omar.selm mail.com 


+97477840306 


Contact Mez 
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THANK YOU.FOR YOUR ATTENTION 


